FIRST  ANNUAL  REPORT. 


(DffirB  of  IIje  Tnnrasfrr,  IL'diim  ml  "pint  Bail  tml  <£fo. 

Philadelphia,  October  31,  1853. 


The  Board  of  Directors  present  to  the  Stockholders  of  the  Lancaster, 
Lebanon  and  Pine  Grove  Rail  Road  Company  a statement  of  its  affairs 
to  the  31st  inst.,  together  with  the  report  of  the  Treasurer  and  Chief 
Engineer. 

The  Treasurer  reports  Receipts  from  Instalments,  - $26,300  00 

Disbursements,  ....  18,013  93 

Balance  on  hand,  .....  $8,286  07 

The  various  reports  and  maps  from  the  Chief  Engineer  demonstrate 
that  the  location  of  the  Road  proves  highly  satisfactory,  and  especially 
so  as  regards  grades,  curves  and  cost. 

The  Directors  have  the  satisfaction  also  to  state  that  the  Road  is 
progressing  satisfactorily,  and  they  expect  to  he  able  to  increase  the 
subscription  to  an  extent  that  will  enable  them  to  put  the  greater  part 
under  contract  the  ensuing  year. 

Annexed  you  will  have  the  Report  from  the  Chief  Engineer. 

BY  ORDER  OF  THE  BOARD, 

C.  E.  SPANGLER, 

President. 
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TREASURER’S  REPORT. 

Amount  received  from  Stockholders,  in  payment 

of  Instalments,  ...  $26,300  00 

AMOUNT  EXPENDED. 

For  Engineering,  Right  of  Way, 

Fencing,  Graduation  and  organi- 
zation, ....  $18,013  93 
Balance  in  hands  of  Treasurer,  8,286  07 

■ $26,300  00 


ROBERT  KELTOM, 

Treasurer. 

Philadelphia,  October  31,  1853. 


REPORT  OF  CHIEF  ENGINEER, 

tPnginfrr  Drpnrtnmif, 

Lancaster,  Lebanon  and  Plnegrove  R.  R. 

December  1,  1853. 

C.  E.  Spangler,  Esq., 

President. 

Sir  : — Agreeably  to  your  instructions,  I present  the  following  sum- 
mary of  the  operations  in  this  Department  up  to  the  31st  of  October. 

Immediately  after  my  appointment,  on  the  1st  of  last  March,  as 
Chief  Engineer  of  the  Company,  a corps  was  organized  and  surveys 
commenced,  for  the  purpose  of  developing  the  country  about  the  head 
waters  of  French  Creek.  The  results  of  these  examinations,  together 


with  the  information  derived  from  the  surveys  made  by  me  during  the 
preceding  summer,  under  the  direction  of  the  Commissioners  of  the 
Lancaster,  Lebanon  and  Pinegrove  and  the  Phoenixville  and  Cornwall 
Kail  Koads,  soon  determined  the  proper  route  for  a location.  Begin- 
ning therefore  at  Springfield,  which  is  on  the  Welsh  Mountain,  between 
the  head-waters  of  Conestoga  and  the  south  branch  of  French  Creek,  a 
line  was  located  down  the  valley  of  the  latter  stream,  terminating  at 
the  Philadelphia  and  Beading  Rail  Road,  in  the  borough  of  Plioenix- 
ville. 

Having  left  a party  to  make  the  necessary  revisions  and  estimates  of 
this  portion  of  the  route,  I proceeded  with  a sufficient  corps  to  Lebanon, 
and  located  a line  from  Cornwall  ore  banks,  to  the  Union  Canal,  west 
of  Lebanon,  on  the  direct  route  to  Pinegrove.  A survey  was  next 
made  from  the  terminus  of  the  Pennsylvania  Kail  Koad  at  Harrisburg 
to  a point  on  the  located  line  between  Cornwall  and  Lebanon. 

In  accordance  with  a resolution  of  the  Board  of  Directors,  authorizing 
the  graduation  and  masonry  between  Cornwall  and  the  Canal  to  be 
placed  under  contract,  arrangements  were  entered  into  to  secure  a right 
of  way  between  those  points.  This  matter  having  been  satisfactorily 
accomplished  in  the  early  part  of  June,  a number  of  men  and  carts 
were  put  to  work  at  several  points  in  the  vicinity  of  Lebanon. 

After  the  completion  of  the  office  work  attendant  upon  the  survey 
from  Harrisburg,  the  corps  which  had  been  employed  upon  that  duty 
were  engaged  on  surveys  and  location  between  Springfield  and  Salunga, 
the  field  work  of  which  was  closed  about  the  1st  October.  The  other 
party,  under  the  direction  of  Mr.  T.  Haskins  Du  Puy,  were  occupied 
during  the  same  time  in  prosecuting  surveys  between  Phoenixville  and 
Philadelphia. 

The  calculations  and  estimates  were  completed  during  the  month  of 
October,  but  the  maps  and  profiles  were  not  entirely  finished  until  the 
middle  of  the  month  following. 
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Since  the  1st  of  March,  the  length  of  road  which  has  been  located 
is  eighty-eight  miles,  and  the  sum  total  of  all  the  lines  run,  including 
locations,  experimental  locations  and  preliminary  surveys,  is  three 
hundred  and  twenty-four  miles. 

The  Board  will  find  full  information  in  detail  of  the  work  above 
described  by  reference  to  the  reports  and  accompanying  maps  and 
profiles  which  have  been  submitted  from  time  to  time  during  the 
progress  of  the  surveys. 

I cannot  permit  this  opportunity  to  pass  without  expressing  my 
thanks  to  Mr.  T.  II.  Du  Puy,  and  the  party  under  his  charge,  as  well 
as  the  gentlemen  composing  the  party  under  my  own  immediate 
direction,  for  the  uniform  energy  and  industry  which  have  charac- 
terized the  performance  of  their  duties. 

Very  respectfully  submitted, 

W.  H.  WILSON, 

Chief  Engineer. 


